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DFD-1918-59 

Corny 7? of 3 

20 March 1959 


MEKORAHIXW FOR THE RECORD 

SUBJECT x Concurrence in Amendment No. 4 to Contract So. 

SF-1915 with Lockheed Aircraft Corporation, Bur- 
bank, California, GARFISH, Project* CHALICE, 
THERMOS & GUSTO 


1* This maao r andua contain* a reooiaaendation submitted for 
approval of the Deputy Director (Plana). Such recommendation is 
contained in Paragraph 5» 

8. Contract So. SP-1915 is broken into three Major sections. 
Section A covered engineering and production flight testing and 
support of the flight test program at Edvards AIB. Section B-l 
covered research, development, and a ppl ication in connection with 
the THERMOS program. Section B-2 covered repair and overhaul of 
existing eguixasnt. Section B-3 covered purchase of parts wad 
service bulletin kits. Section* A and B were effective for the 
period 1 July 1957 to 29 June 1958* Work of this nature continued 
under Contracts Bo. 3P-1917 wad SP-1918 beginning 1 JUly 1958. 
Section C cover* GUSTO work which i* »till active. 

3. During negotiation* held on 4 March 1959, * final price 
m negotiated for Sections A and B. De tails of this negotiation 
are set forth in a Memcawdua Fear the Record, XFD-1919-59* 

k. This Amendment No. 4 establishes a final fixed price for 
Sections A and B wad reduces the funds available for Section C work. 
The total consideration for the contract, however, remains unchanged 
and ia broken down as follows : 



>,s|4«00 

1,267 »138. 00 


$2,750,000.00 FI 1957 CHALICE funds were previously obligated. Of 
this amount $1,485,887 was allocated for CHALICE work, $592,519 for 
TOiaainfl work, and the remaining $671,594 for GUSTO work. $315*213 
FT 1958 CHALICE funds was previously obligated for GUSTO work. The 
FT 1959 GUSTO obligation in the amount of $200,000 remains unchanged. 
As a result of the above, the funds are recapped as follows : 
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IT 

Funds 

1957 

CHALICE 

1957 

CHALICE 

1957 

CHALICE 

1958 

(SAUCE 

1959 

GUSTO 


* SECRET 


Project 

Aaount 

CHALICE 

$ 1 , 1 * 85,887 

THERMOS 

592,519 

GUSTO 

671,59^ 

GUSTO 

315,213 

GUSTO 

200.000 

Total - 

$3,2€5,&3 


Section of 
the Contract 


A, B-2 & B-3 
B-l 
C 
C 
C 


5* Approval of Araendnent No. h to Contract No. SP -1915 
«a& execution thereof on behalf of the Agency by the Contracting 
Officer is reccoaaended. 




Contracting Officer, DPD 


CONCURRENCES: 



Acting Clhdef , EPD 


Office of General Counsel 


25X1 


25X1 

25X1 

25X1 

25X1 


\ 


BFXM3D/P:HL:pf 

Distribution: 

Orig - 3P-1915 
2 - Coop., DPD 
l^ 3 - Cbrono 


Approval refuested in 
Paragraph 5, granted. 


ns? JWCt 


m. ~ bI§$&l ,“jrT 

cty Director 


Deputy Di 
(Plana) 
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